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54-6 Ui'cl., Cap. 89. 

Entitled, “An Act to Promote the Drainage of Lands and Improvement of 

Navigation and Water-power in connexion with such Drainage in Ireland.” 

Royal Assent, 5th August , 1842. 



Presented to both Houses of Parliament, by Command of Her Majesty. 



TO THE LORDS COMMISSIONERS OP HER MAJESTY’S TREASURY. 



May it please Your Lordships, 



Office of Public Works, Dublin , 
17 June , 1845. 



TYe have the honour to forward this our Third Annual 
under the provisions of the above-named Act. 



Report of Proceedings, 



In our Second Annual Report, we described so fully the operation of this Act 
and its principles, with the means adopted for carrying such into effect, and the 
general state of the rivers in Ireland, that it becomes unnecessary to do more than 
refer to that Report for information on these subjects. 

. Thi experience of another year’s working of the Act strongly confirms the an- 
ticipations we ventured to express, that its provisions would be extensively used 
tor the improvement of the country, and would tend to produce that co-operation 
amongst a great variety of different, and frequently conflicting interests, which it 
was almost hopeless to expect, even for their common good, without the instrumen- 
tality of such a system of active arbitrament and powers for the execution of works 
as are contained in this Act. 



The favourable results which we have good reason to anticipate from the works 
now in progress will no doubt establish a confidence in the operation of the Act 
already evinced by the numerous applications made to us, and remove any difficul- 
culties which are experienced from the want of a thorough knowledge of all the 
details of so extensive a measure. Still it may he expected, that many most useful 
and most remunerative works may be delayed, from the mere apathy of parties 
whose positive assent in ivritingmiglit he essential. And thus, perhaps, as a whole’ 
as tar as the completion of works of improvement is concerned, we may calculate 
upon a gradual rather than a very rapid progress, proportioned to the growth of 
confidence, from the increased knowledge and known results of the operations. 

In almost every case that has come before us, tile merit of originating the im- 
provement is due to some one individual, without whose active intelligence and 
frequently disinterested exertions it would be highly improbable the measure could 
have been brought to maturity. 



It frequently occurs that such individuals hold but a fractionally small part of 
the lands to be benefited, but that seeing clearly the advantages to the whole district 
and no doubt actuated by a laudable public spirit for improvement, they are found 
oiucur constable expense ; advancing, in some instances, the greater part, in 
tfiers, the whole, of the money necessary for preliminary inquiries; entering into 
ommumcation with, and explaining to, every proprietor the advantages to be ob- 
tained; and when the preliminary measures have been gone through, labouring with 
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great personal inconvenience to obtain the formal assents of the apathetic. Such 
exertions are highly creditable to the parties, and we allude to them here as an 
example deserving of imitation, and calculated to produce beneficial results. 
For as the whole measure may be deemed to be of a voluntary nature, and under- 
taken at the expense of the proprietors, solely for their benefit and that of their te- 
nants (however ready, or even anxious we may be to promote such improvements), 
yet it is clear, that upon themselves must dependthe progress of the measures, once 
they have been formally sanctioned by us. 

In the following table (see pp. 4, 5, 6 and 7) (containing a full statement of 
tbe memorials received since the passing of the Act, and the piogiess made in the 
inquiries) it will be perceived in several cases the preliminary measures are not yet 
completed; and that the execution of the works in others is delayed, by reason of 
the want of assents or other steps required to be taken by some of the parties inter- 
ested. The delay thus caused, though productive of much dissatisfaction to tie 
more energetic amongst the parties promoting the measures, we regard as small, 
considering the voluntary principle of the Act, and its novelty ; and we are disposed 
to think, that in the greater number of cases, it will be but of temporary duration, 

The want of improvement, aud the means for effecting it, with very remunera- 
tive results, have been rendered so palpable by the inquiries instituted and published 
under our directions, that the execution of the necessary works for such measures 
can (even with the most sceptical or apathetic) be only a question of time for their 
accomplishment. 

From this table (see pp. 4, 5, fi and 7) it will appear we have received formal 
applications for the drainage and improvement of lands from forty districts, extend- 
ing through twenty-nine counties in Ireland, and (estimating the quantities and 
length where the surveys have not yet been completed) containing about 140,000 
acres of land, flooded and injured along 690 miles of rivers, lakes, and main conduits. 

We may classify the amount of duty performed under our directions, up to the 
present date, as regards tile preliminary measures of inquiry as follows ; — 



No. of 
Districts. 



2 a and b, 
3,8, 10, 15, 
15 a, 17 and 
19. 

1,4, 5, 6, 7, 
9,11,14,16- 
18, 21, 22, 
23, 23 a and 
6, 28 and 30 

12, 13, 20, 
24, 25, 25 a 
and b , 27, 
and 29. 





Length of 
Rivers. Lakes, 
aud Main 
Conduits. 


Area of Flooded 
and Iojured Land. 


(■First or preliminary engineering survey and estimate! 

completed in Districts where no further proceedings > 
J have yet been ordered ........ J 

\ Preliminary territorial survey and approximate valua-l 
tion completed in Districts where no further proceed- > 
[ ings have yet been ordered J 


Stat. Miles. 

109 


Stat. Measure. 
A. R. P. 

18,084 5 29 


, | Engineering surveys and estimates completed in detail ; 
Territorial surveys and valuation completed in detail . 


290 


51,785 0 14 


(Engineering surveys in detail, complete in field but not! 

1 yet published • • • • J 

j Territorial survey complete, but valuation of lands in-1 


245 


56,093 2 38 


Total 


644 


125,964 1 1 



It will also be perceived, from the same table, that we have received, as deposits 
towards the payment of preliminary expenses up to this date, a total sum of 
£8,132, which, being the voluntary contributions of the parties seeking the benefit 
of the Act, may be taken as a test, so far as it goes, of the general appreciation of 
its provisions. 

Out of the 40 districts, the whole of the preliminary proceedings, including tbe 
final notice required by the Act as declaratory of their completion, have been 
brought to conclusion in six (Nos. 1, 6, 7, 11, 16 and 18), containing together 
10,369 acres of flooded and injured lands, in all of which the works are now 
progress, as more fully described in another part of this Report. 

In four other districts (Nos. 4, 5, 9, 21), containing 16,999 acres, the pre- 
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liminaries, so far as the progress of the same were dependent on us, have been 
completed, and the progress of the measures is only delayed by the causes specially 
stated in these cases, whilst in 14 other districts (Nos. 2, 12, 13, 14, 20, 22, 23 
a and b, 24, 25 a and b, 27, 28, 29, 30, 38), containing 81,350 acres, the funds 
for the concluding stages of the preliminary measures having been furnished, the 
necessary surveys and valuations are progressing to completion. 

In two districts (Nos. 3 and 8), containing 1,947 acres, the parties themselves 
having obtained the first or preliminary report which was made under our direc- 
tions, have, we understand, proceeded partially with the execution of the works ; 
and in five other districts (Nos. 2 a and b, 10* 15, 17 and 19), containing 16,138 
acres, the measures are pending, owing to the proprietors not having yet supplied 
us with the requisite funds for the completion of the preliminary proceedings. 

Adhering to the classification of measures under the provisions of this Act 
adverted to in our Second Report, we proceed, in addition to the information sup- 
plied in the table, to remark upon some of the most extensive and important 
measures brought under our notice. 

First Class. — Drainage alone. 

Amongst the cases of this class which have been surveyed and examined during 
the last year, two are of considerable importance, viz. : — 

The Upper Boyne district (No. 22), counties of Meath, West Meath, Kildare, 
and King’s : and, the Lower Brusna or Ferbare district (No. 27), West Meath, 
and King’s County. 

The Upper Boyne district includes the whole of that river, and some of its 
principal tributaries above the town of Trim. 

The country surrounding this district is very flat, and the Boyne, which is the 
main drain to the entire, is remarkably sluggish, and has been for ages impeded 
and nearly choked up by eel weirs and ill-constructed bridges, adding incalculably 
to the mischief produced by natural shoals, and in some instances causing the 
accumulation of others. The district contains 7,059 acres of flooded and injured 
lands, extending along 54 miles of rivers and streams, all of which are to be opened 
and improved ; and the expense of the measure, it is estimated, will be £25,706. 

A peculiar feature in this district is the great length of main duct or channel 
which it becomes necessary to open (22^ miles) in order to afford effectual relief 
to all the flooded lands which lie beyond it, whilst the extent of such lands along 
the main duct itself is very small, thereby decreasing to some extent the return on 
the expenditure. 

But, apart from the direct benefit in the incx-eased letting value of the lands, 
which it is calculated will be derived, amounting to seven and a-half per cent, upon 
the estimated expenditure (which return, howevex-, is only a proportion of the gross 
improvement in the ci-ops of these lands), there can be no doubt but the collateral 
advantages in employment of the people and improvement of the health of the 
district, render it a measure well deserving to be undertaken whilst,, added to these, 
the cutting of the channel necessary for drainage, on the principles adapted to this 
disti-ict, will render 24 miles of the Boyne navigable for flat-bottomed boats of 
from 10 to 30 tons burden, from Edenderry nearly to Trim. Were the navigation 
between Trim and Navan (which was at one time commenced, and the works par- 
tially executed) now opened, the whole line of the Boyne to Drogheda would thus 
he i-endered available for the cheap transit of agricultural produce.. 

As the river Blackwater, in the counties of Kildare and Meath (one of the 
tributaries of the Boyne),, is now being opened under the provisions of the Act, and 
the Athboy and Stoney-ford, other tributary rivers, have been partially opened by 
the proprietors in those districts ; the combined result of all these measures will 
be to open the main channels, and drain a vast tract of land extending through 
475 square miles of country, and there can be little doubt of the beneficial effect 
it must have on the climate of the district. Besides the example 1 which the exe- 
cution of the works will give to the landholders, as to the means proper for 
extending the minor drainage in the vicinity of the rivers, and the general improve- 
ment of their farms will be of very great importance. 

B 2 



First Class. — 
Drainage alone. 
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Amount 1 






Catchment or 






"" 


of Deposits fei 
Surveys and 
ireliminary E,. 


and 


Districts. 


Counties in which situate. 


Rain Basin, 


Flooded 




"3 2 








which are dis- 


injured Lands. 




— 


this date. 








charged through 


Stat. Measure. 


2- ^ 


■3 2 








the District. 










1812 






Statute Acres. 


A. R. P. 


Stat. Miles. 


Ft. In. 




1 


Blackwater river 


Meath and Kildare . . 


50,400 


3,851 0 11 


18 


39 0 


207 0 0 


2 

2a 


Islandmore, Clare, Galway river 1 
Extension tu Turloughinore . . f 


GJ '“ y 


212,480 


5,521 0 0 


23 


81 6 


95 0 0 


2 b 


Ditto to Tuam . . . . J 












• 


Cork, south slob 


Cork ...... 


330 


230 0 0 


I 7 h 


46 3 1 


30 0 0 


4 


Templemore, river Suir . . . 


Tipperary . • . . . 


33,000 


3,448 0 1 


{ ? 


20 0 \ 
23 Oj 


250 0 0 


5 


fBallyteigue Lough, flooded and) 
t slob or tide lands . . . . J 


Wexford 


20,752 


2,921 3 14 


[ 8i 


12 0 I 

31 0 / 


350 0 0 












r 9 


67 0 1 




6 


Burrisokane, Ballyfinboy river . 


Tipperary 


20,550 


1,206 0 15 


{ ! l 


2 2 \ 
6 10 J 


125 0 0 


1813 
7 a 


Ardee, river Dee, upper Division! 
Ditto, extension or lower Division/ 


Louth and Meath . . 


78,000 


3,240 1 33 


! isj 


13 1 1 
34 1 / 


160 0 0 


8 


Athboy river, and river Boyne . 


Meath 


34,350 


1,717 0 0 




45 8 ) 
12 2 / 


40 0 11 








Athboy river 














alone. 










9 


fStrokestown, river Scramogue,! 
\ and its tributaries . . . .J 


Roscommon .... 


70,000 


7,397 2 5 


45i 


269 0 


450 0 0 


10 


Feigh, river Lung .... 


Roscommon and Mayo . 


53,000 


2,512 0 0 


10 J 


25 2 


30 0 0 


11 




Wexford 












1 tide lands J 




498 2 5 








12 


The Loughans, near Urlingford. 


Kilkenny 


3,500 


580 2 38 




47 6 


130 0 0 


13 


The Sow river ..... 


Wexford 


14,000 


1,738 0 0 


93 


60 9 


200 0 0 












f 29 


121 0 ) 




14 


The Glyde and Lagan rivers 


f Meath, Louth, Monhagan,! 
( and Cavan . . . . J 


176,813 


6,887 0 3 


5 * 

1 3i 


14 4 V 
31 2 


400 0 0 












l 2* 


17 6 J 




15 


Brusna river (Clara) . . .1 


Westmeath and King’s 1 
County / 


78,430 


4,086 2 2 


20 


83 0 




15 a 


Extension to Lough Ennel . . j 














r 3 


1 8 ■> 




16 


Oranlrill, 'Furlough .... 


Galway 


Not ascertained. 


974 0 16 




4 4 | 


ISO 0 o 












[ 2 


9 0 J 




17 




Longford 


72,320 


4,473 3 27 


It 


71 0 1 
6 6 j 


75 0 0 












» 






18 


Cahore 


Wexford 


7,000 


598 3 29 


4i 


9 3 


150 0 0 


19 


Dodder river reservoir . . . 


Dublin 


35,200 


185 0 0 


14 


371 6 


100 0 o 


1S44 

20 


Loughs Corrib, Mask, and Carra. 


Galway and Mayo . . 


782,320 


About 

17,000 0 0 


I a" 1 } 

l 50 J 


28 0 
35 0 J 


900 0 0 






Carried forward 


1756,97 7 


69,067 2 39 


315J 




4,147 0 0 
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examined since the passing of the Act, in August, 1842. 



L d. 
10.000 0 0 



7, “4 14 10 
18,000 0 0 
3,486 2 8 
8,383 0 0 
4, 670 7 1 0 

17,996 7 0 
6,621 8 7 
6,087 3 0 

1,403 12 0 
4,944 1 7 



14,288 0 0 



3,100 0 
30,000 0 



288,011 19 6 



Cost per Acre, 
including 
Works charge- 
able to the 
Counties. 



2 11 9 
2 14 6 



5 10 9 
per foot of oc- 
cupied fall. 



Estimated Return, o: 



Annual Increase 
in the letting 



Per-Centage c 



J!f! 



T W C P omme " ced June . 1844 ; nearly half executed. Funds 
Government. It is expected the works will be 
completed tins year. 

The fi r8t part, or Islandmore, is proposed to be included i 
Longh Corrib District. 

The proprietors have not deposited funds for the completion of 
and Tuam aB<1 Va Uatioa of the extensions to Turloughr - 

,i f* 1 - r ,. llitt0 P art of the ]a “ d has teen embanked without 
the aid of the powers of this Act. 

The proprietors have not yet furnished the full amount of assents 
required. All the other preliminaries have been completed. 

All the preliminaries complete, but work suspended pending the 
consent of the Admiralty. ° 

Works proceeding since beginning of April ; funds procured 
partly irom Government and partly from private individuals. 

Commenced in J une, 1844 ; about half executed. Funds borrowed 
irom private individuals. 

The proprietors have not taken any further proceedings under the 
Act since the publication of the Preliminary Report It ' 
understood the greater proportion of the works are being i 
ecuted by the parties interested by private agreement. 

Proprietors have !not yet furnished full amount of assents; 
other preliminaries complete. 

The proprietors have not taken any further proceedings under the 
Act since the completion of the Preliminary Report. 



Second Survey and Valuation nearly complete. 
Ditto ditto ditto. 



Second survey and valuation complete. Plans and schedules 
lodged for public inspection. 

The proprietors have not, since the publication of the Preliminary 
Report,made the second deposit of money required for completion 
of preliminaries. 



e April. Funds borrowed from private 



The proprietors have not, since the publication of the Preliminary 
Report, made the second deposit of money for completion of pre- 
liminaries. 

Works proceeding siuce April. Funds from private individuals. 

Prevention of floods and improvement of water-power. The 
proprietors have not taken any further proceedings under the Act 
since the publication of Preliminary Report. 

Drainage and Navigation combined. The whole of the surveys, 
complete valuation, &c., in progress as regards Drainage and 
Navigation in Lough Corrib, and Navigation in Lough Mask 
and Carra. The proprietors of lands on the latter have not 
yet applied for their Drainage. 



* Exclusive of Number 19. 
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Area of 


■13 


jf 


Amount 
of Deposit to: 
Smveys and 
ireliminary 
penses up t 0 
this date. 


No. 

Date. 


Districts. 


Counties in which situate. 


Catchment or | 

Rain Basin, I Flooded 

the Waters of j aud 

which are dis- ; injured Lands, 
harged through 1 Stat. Measure, 
the District. I 
1 


e = 

aj | 

"oC c. 

>3 


Total Fall, inc 
Mill Sites. 








Statute Acres. 


A. H. V. 


3 tat. Miles. 


Ft. In. 


£. *. i 


1844 




Brought forward . . 


1,756,977 


69,067 2 39 


315£ 




4,147 0 t 


21 


Burris-ia-Ossory, river Nore 


Queen’s County and Tip-1 
perary . ... j 


35,840 


3,232 1 2 


14* 


63 0 


200 0 0 


=2 


Upper Boyne and Yellow river . 


'Kildare, Meath, West-l 
meath, and King’s > 
County . ) 


304,139 


7,059 3 1 


54 


173 0 


445 0 0 


23 

23a 

23J 


[Bullinaraore and Ballyconnel, 1 
[ Woodford river . . . 

Extension to Lough Suit- . . i 

Junction Navigation from the 
Shannon to Lough Erue . .J 


Leitrim, Cavan, and Fer-1 
managh . . . . J 


101,455 


6,157 0 0 


40 


66 0 1 
78 0 } 


595 5 4 


24 


The River Main 


Antrim ..... 


57,600 


1,875 0 0 


11 


26 6 


250 0 0 


25 

25a 

255 


Lough Neagh and tributaries . 
Lower Bann and Coleraine . . 
River Tall 


Antrim, Derry, Tyrone,] 
Down, and Armagh 1 
Autrim, Derry, & Armagh/ 
Armagh J 


1,403,688 


About 

22,500 0 0 


91* 


76 0 


r 1,000 0 ft 

100 0 0 
l 30 0 0] 


26 


Bann Bridge 


Down 












27 


Lower Brusna (Ferbane) . . 


Westmeath and King’s! 
1. County . . . . J 


312,320 


12,000° U 0 0 


f 8* 
U* 

k 

{ s 


25 6 ] 
42 6 
63 0 
19 6 ] 
11 6 
80 0 
29 6 J 


500 0 0 


28 


The river Roe 


Derry 


84,640 


2,863 0 18 


?} 


18 0 


250 0 0 


29 


(River Commogue,near Six Mile] 
l Bridge J 


Limerick 










150 0 0 


30 


(River Fane,Stephenstown Bridge] 
\ to Lurgau Green . . . J 


Louth 


87,400 


1,449 1 21 




3 0 


200 0 0 


31 


Kilbride river, near Callan » . 


Kilkenny and Tipperary . 










•• 


1815 

32 


(Bogs of Poulcrissane and Derry- 1 
l lissane, near Monivea . . j 


Galway 












33 


(The Fergus, and lakes and rivers] 
' adjoining, near Kilfenora, Cor- 
{ rutin, Eunis, and Clare. . 


Clare 










100 o o 


34 


The Eslin river, near Mohill , 


Leitrim ..... 












35 


The river Rhinn 


Ditto 












36 


(Lady’s Island, lake, slob, and 
I tide lands 


Wexford 












37 


Tacumskin, ditto . • . . . 


Ditto 












38 


Carrigans, river Cloone . . . 


Donegal 










130 0 


39 


(The Bay of Tralee, slob and tide 
I lands 


Kerry ...... 










35 0 


40 


Castle Shane 


Monaghan .... 
















Totals . . . 


4,144,059* 


126,204 1 1 


620 




8,132 5 



* Exclusive of Numbers 16, 26, 29, 31 to 40. t Exclusive of Numbers 26, 29; and. 31 to 40 
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cf Reports of Cases examined, since the passing of the Act, in August 1842 — continued. 



Total Cost of Works charge- 



| £. >■ d. 

!«,011 1 » 6 



15 The proprietors have not yet furnished full amount of assents. All 
other preliminaries complete. 

"a All preliminaries complete, report published, plans and schedules 
lodged for public inspection. 



10 10 Drainage and navigation combined— the navigation being a 

• • 6 junction between the Shannon and Erne, and thereby between 

all the inland navigations of Ireland. All the preliminaries 
nearly complete ; report will be published and plans and 
schedules lodged for inspection without delay. 

9 i1i Ujo Preliminary report published ; valuation and other preliminaries 
in progress. 



Drainage and navigation combined ; engineering and territorial 
surveys complete ; valuation, report, estimate, &c., in progress. 
The proprietors undertake to furnish means at once for the whole j 
of the preliminaries. 



The engineering and territorial surveys complete; valuation 
I estimates in progress. The proprietors undertook to furnish 
I means at once for all the preliminaries. 



5 19 0 1,119 4 10 6* 



Drainage and Navigation combined. All the preliminaries nearly 
complete. Report is being published, and plans and schedules 
lodged for inspection. 



hxdnsive of Nos. 26, 27, 29, and 31 to 40. 



8^ All the preliminaries nearly complete. Report being published, | 
and plans and schedules lodged for inspection. 

.. Preliminary funds not yet provided by proprietors. ! 



Proceedings not yet commenced. 



Drainage and Navigation combined. Proceedings not yet o 
menced, being suspended at desire of the . proprietors. 

Preliminary funds not yet provided by proprietors. 



Engineering and territorial survey and valuation in progress. 
Preliminary survey in progress. 



Preliminary funds not yet provided for by proprietors. 



f Exclusive of Nos. 19, 20, 25, 26, 27, 29, and 31 to 40. 
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The Brusna 
(Ferbane) District. 



Second Class— 
Embankment of 
Lands fromthe Sea. 



The Brusna (Ferbane) District. 

This district is of very great extent, containing, it is estimated, upwards of 12,000 
acres of land, flooded and injured for fully six months in the year. The river 
Brusna may be deemed the main drain of the King’s County, but it also under- 
waters large portions of the county of Westmeath, and some of Queen’s, altogether 
containing a catchment, or rain basin, of 312,320 acres. The portion of the river 
which requires to be improved, with the length of its tributaries to be opened, 
amounts to 72§ miles. The chief cause of injury is a natural shoal of great 
extent at Ferbane, the evil of which is increased to a most injurious extent by the 
circumstance that mill and eel weirs have been constructed on the very summit 
of tliis and other shoals in the river. 

The application for the improvement of this district was made during the 
summer of last year. Owing, however, to its great extent, and the lands being 
covered by flood during the winter, the detailed engineering survey and valuation 
have not yet been completed, though now in a very forward state ; no doubt, how- 
ever, is entertained of the amply remunerative nature of the undertaking, and the 
great amount of good which will be effected by the execution of the works. We 
have thus particularly referred to this case from a conviction of its importance, 
and the fact of the large extent of fine land which will .be rendered available for 
tillage, or the location of tenants from the upland farms of the proprietors to 
whom these lands belong. 

Second Class. — Embankment of Lands from the Sea. 

Of this class the Ballyteige district calls for particular remark : — 

The application for this measure was one of those received immediately after 
the passing of the Act in 1842. 

The measure itself is one of considerable interest and importance, involving the 
drainage of 1,291 acres of lands (private property), and of 1,630 acres of slob land, 
subject to the overflow of the tide, and the property in which was deemed to be \ 
vested in the Commissioners of Her Majesty’s Woods, &c. 

The necessary preliminary survey was made in 1843, and a very full report by 
one of our engineers was published in January 1844, and our sanction and ; 
approval of the project proposed communicated to the parties interested. 

The proprietors of the surrounding lands, with this information before them, 
applied to the Commissioners of Her Majesty’s Woods, &c., and, after negotiating, 
received a promise of an assignment of the Crown’s interest, on the conditions 
that one-twentieth part in value of the submerged lands, when reclaimed, be 
reserved to the Crown. 

The parties then applied to us to have the further detailed surveys, valuations, 
and other preliminary measures required by the Drainage Act, completed ; and at 
the same time they advanced the funds necessary for defraying the expense of 
these proceedings. 

However, before taking any further steps, as the Act requires that the consent 
ol the Admiralty should be given to any embankment against the sea near a 
harbour, we forwarded to their Lordships the preliminary report referred to, with 
the plan and sections of the proposed works annexed, in order, before incurring 
any further expense for the proprietors, that the opinion of the Admiralty might 
be received ; and their Lordships informed us they saw “no objection to the gene- 
ral principle of the proposed measures; but when the detailed plans shall be 
furnished, their Lordships will give to them a full share of consideration.” Conse- 
quently we had the necessary detailed surveys and valuations completed, and the 
whole measure re-investigated by an engineer of great practical experience ; and 
having maturely reconsidered the project as reported, as well as several others 
which had been submitted for consideration, we finally adopted that which was 
first proposed, with some slight modifications, and had the plans and documents 
lodged, according to the Act, for six weeks for public inspection. 

Some parties interested in the navigation of the lower part of the estuary 
appearing alarmed as to the effect which the measure would have on their interests 



Printed image digitised by the University of Southampton Library Digitisation Unit 



i 




DR AIN AGE— I RELAND . 



9 



by its influence on the bar at the entrance of the estuary, forwarded their objec- 
tions to us for consideration; and at a public meeting which we held pursuant to 
the Act, these parties appeared by counsel, and the whole matter was investigated. 
Three days were occupied ip the examination of witnesses, and discussion of the 
subject. After the fullest inquiry and consideration of the case itself, and the 
evidence adduced, we arrived at the conclusion that the proposed measure might 
be effected not only without injury, but with some prospects of improvement to 
the navigation, which object had throughout formed a matter of the most serious 
consideration to us and the engineers engaged under our directions. 

In giving our judgment on the subject, we reminded the parties that the ulti- 
mate decision of this portion of the question was vested in the Admiralty, and 
that we would forward to their Lordships all the information we possessed on the 
subject. 

Having thus terminated the proceedings, and signed the documents in pursuance 
of the provisions of the Act, we received 'the formal assents of the proprietors; and 
shortly after, in October, 1844, forwarded to the Admiralty the required infor- 
mation, with detailed plans, aud the full expression of our own opinion on the 
subject. We now find that upon the report of an engineer, sent from London, 
(Mr. Cubitt), their Lordships, arriving at a different conclusion from that to which 
our investigation of the subject led us, express an unwillingness to consent to the 
formation of the proposed embankment ; aud the measure is thus virtually sus- 
pended. 

Third Class. — Drainage and Navigation combined. 

The number and great extent of district, and the public importance of the cases be- 
longing to this class which have been applied for, under the provisions of the Act, 
show' in the strongest light the necessities of the country for such a measure, and 
the appreciation of its principles. 

The chief districts are Lough Neagh, its tributaries, and the Lower Bairn, in 
Ulster; the Junction Navigation, by the Woodford river, to connect Ulster -with 
Connaught, the Shannon with the North, and thereby all the inland navigations 
of Ireland; and Loughs, Corrib, Mask, and Carra, in Connaught. In other dis- 
tricts, a partial power of navigation will be afforded by tlie works necessary for 
drainage ; but as the question of navigation is rather incidentally than directly con- 
cerned, it is unnecessax-y here to allude to them. But in the districts just enume- 
rated, navigation is of vital importance to the best interests of the whole country ; 
for though a partial public navigation at present exists in the great lakes, and 
some of the long deep reaches of the rivers, yet for want of suitable connexion be- 
tween these natural navigations, and between the lakes and the sea, the advantages 
which they are calculated to confer have for ages lain comparatively dormant ; and 
the waters, which might be made the cheapest medium for the transit of goods and 
the consequent development of the resources of the country, have been heretofore 
almost unused ; and from the neglect of their regulation, and from artificial incroach- 
ments on their course, the fruitful source of evil in the inundation of vast tracts of 
lands, to the injury, as is firmly believed, of the climate, and the health of the dis- 
tricts. 

In the cases under consideration, and some others in Ireland, the subjects of 
Navigation and Drainage are inseparably connected ; and if either be undei'taken 
separately, it will lead to the positive injury, or the creation of a new and difficult 
harrier to the formation of the other. Thus Drainage alone, to be economic, would 
require the waters to be kept at the lowest possible level — Navigation alone, at the 
highest possible level ; whilst both can be effected together with perfect success, in 
most cases at a much less expenditure than they could be separately, and often with 
very little additional expenditure beyond that of one of them. 

. *° guard against injurious results, we feel it necessary to call attention to this 
vxew of the case at the present period, when it is in contemplation to form railroads 
throughout the country, whereby a great stimulus will be given to increased traffic, 
and possibly to the introduction of manufactures on a more extensive scale, from 
u hence the necessity for opening, and the advantages arising from natural naviga- 
tions, will be greatly enhanced by becoming, as it may be anticipated they will, 
with the aid of steam vessels, important feeders to the railroads, and vice versd. 

C 
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Under all the circumstances, we cannot too strongly express our opinion of the 
impolicy of any extensive measure being undertaken in these great districts for the 
object of drainage, or navigation, unless in connexion with each other ; and as such 
projects, with respect to some of these districts, have been publicly put forward, 
and questions connected with them referred for our consideration, it appears to 
be necessary on public grounds thus to record our opinion. 

It is right also to add, that as the Act 1 and 2 Win. IV., c. 57, and its amend- 
ment 5 and 6 Vic., c. 105, under the provisions of which it has been assumed such 
measures might be undertaken, contain no powers as to the making of navigations, 
or the improvement of mill power, they are unsuited to cases of this nature. 

Thegreat public importance of the cases belongingto this class, and the necessity 
for the parties interested making early arrangements for having the navigation 
part of the projects carried into effect, has induced us to delay the completion of 
this Report, until we should be enabled to state, at least approximately, the results 
which are anticipated from the surveys arid engineering inquiries we have had in 
progress since last summer, and which, owing to the great extent of these districts 
and the periodical floods, could not be finally completed in all their detail before the 
conclusion of the present summer. 

Lough Neagh, its Tributaries, and the Lower Bann. 

Lough Neagh contains 100,000 acres of water surface ; it is 17 miles long, 10 
miles broad, and 80 miles in circumference, and is at present connected by the 
River Blackwater and the Ulster Canal with Lough Erne ; by the Upper Bann 
and Newry Canal with Newry ; by the Lagan River and Canal with Belfast ; and 
by the Coal Island Canal with the collieries at that place. Lough Neagh is but 
46 feet above the sea at low water, and discharges its waters by the Lower Bann, 
which is 37 miles in length from Lough Neagh to the sea, and is composed of long 
deep reaches of navigable river course, separated from each other by three natural 
harriers. The river and lake flood and injure about 22,500 acres of land ; and these 
floods, besides their direct inj ury and prevention of improvement, affect, as is proved 
by same of the Dispensary returns, most injuriously the health of the district. 

In effecting the works necessary for drainage by the Lower Bann, the object 
is to open and connect the navigable reaches of river, from the lake to the sea, 
and thus to extend the benefits of the navigation of the lake, and the canals which 
enter it for 37 miles in length through the densely populated and industrious dis- 
tricts of the counties of Derry and Antrim, and to the towns of Kilrea, Coleraine, 
and many others. 

Of these 37 miles the portions of river course now navigable in the aggregate 
amount to 29 miles, the residue of 8 miles being shoals, through which the necessary 
works of improvement must be carried. 

The engineering surveys and calculations are very nearly completed, and the 
territorial survey aud valuation, it is anticipated, will be finished before autumn. 

The approximate estimate which has been made for affecting the combined 
objects of drainage, navigation, and mill power, is about 157,000/., of which sum 
the proportion chargeable to drainage and mill power is about 80,000/. ; and that 
to a navigation suitable for steamers, is 77,000/., including improvement or extension, 
of piers on the lake. 

This estimate includes, in addition to the works on the Lower Bann, all those 
necessary for drainage on the Upper Bann, the River Blackwater, the Callen and 
the Tall Rivers, extending in the whole along 91 miles of river course, exclusive of 
the lake, which is 17 miles in length. 

We understand there is a very general desire throughout the adjacent counties 
for this great measure of improvement, and that various attempts to effect it have 
in vain been made for the last 100 years for want of co-operation and the combina- 
tion of the several objects now contemplated, of improved drainage, navigation, and 
mill power. 

In the vicinity of the lake some alarm is expressed by a few proprietors, owing 
to the reputed existence of seme ancient grant of the bed of the lake to an individual, < 
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which would lead to litigation in the event of the waters being lowered, whilst on 
the other hand, fears are expressed by some of the proprietors on the Lower Bann, 
lest the effect of the proposed measure should be to pour down the floods in such a 
• way as to inundate the lands in their vicinity to a greater extent than formerly. 

The project which we are about to sanction will, it is expected, remove all 
rational grounds for alarm on either subject. 

By the erection of a solid staunch regulating weir at Toome (the discharging 
point of the lake), its water surface never can fall below the summer water level ; 
and as all land above that level has been in the uninterrupted possession of the 
adjacent proprietors, no grounds for litigation can arise. 

By considerably lowering the level of the water surface in the Lower Bann, and 
carrying the works the whole way down to the sea, providing means of discharge 
for the entire distance adequate to that at Toome, and the increased supply to be 
obtained along the river itself, not only increase of floods in the lower district can 
be prevented, but the lands heretofore flooded may be freed from future liability to 
inundation. 

The very magnitude of Lough Neagh and Lough Beg, as regulating and com- 
pensating reservoirs, increases the facilities of effecting these important objects, 
especially as it is proposed to allow, under a controllable system of management, pf 
a range or variation in level of one foot in Lough Neagh, whereby its reservoir 
properties will be proport ionably maintained. 

The navigation is proposed to be effected by the natural river course, with regu- 
lating weirs, locks, and short side cuts at the falls. 

A collateral result of the measure will be the formation of some of the most 
important sites for well-regulated water power for manufacturing purposes at Toome, 
Kilrea, Moyvanagher, and the Salmon leap of Coleraine, which, obtained on the 
very brink of a navigation in the north of Ireland, may reasonably be expected to 
_ be of great value. 

We understand that the assumed effect of works of this class upon the salmon, 
eel, and other fisheries of the Lower Bann, has produced at all times opposition to 
their progress ; and whilst we admit, that if such measures be carried out w'ithout 
a due regard to fishing interests, evil might arise, we feel assured that by a just 
and judicious attention and arrangement of the works they can be effected not 
only without injury, but with manifest advantage to the fisheries, and even made 
subservient to their improvement and protection'. W e have kept this object steadily 
in view in all the measures proceeding under our directions, and confidently anti- 
cipate that there will be no loss, but even beneficial results, in a few years after the 
completion of the works. 

The Junction Navigation by the Woodford River between the Shannon and 
Lough Erne. 

The engineering survey of this measure is complete, and the report and estimate 
are being published. • 

The object of the measure, as far as navigation is concerned, is to join the natural 
navigations of Lough Erne and the River Shannon, and thereby to extend the 
benefit of the Shannon measure to the Province of Ulster, whilst its construction 
would form the connecting link long required between the several inland navigations 
of Ireland. 

A preliminary Report on the subject, made by order of the Treasury, was pre- 
sented to both Houses of Parliament in 1839. 

The Drainage Act having come into operation since that Report was published, 
and application having been made to drain the district of the Woodford River, and 
open the navigation in connexion therewith, has led to a modification of the project. 

Instead of making an artificial canal, as pointed out in that Report, it is proposed to 
make use of the Woodford River, and its chain of lakes, which reach from Lough 
Erne by Ballinamore, to within 4^ miles of the Shannon, at Leitrim (the terminus 
of the steam navigation of that river). By combining the works for drainage and 
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navigation, it appears tliat the latter may he effected for greatly less than the amount 
contemplated in the Report referred to. 

The aggregate area of these lakes is about 2,648 acres, and their circumference, 
or length of shore, 36 miles. 

By this arrangement only 8 miles of artificial canal will be required, and 
11 miles in the aggregate of naturally navigable reaches of lake and river course 
will be connected by works through 21 miles in length of river course, having shoals 
of various height, making a total of 40 miles of navigation through a country highly 
capable of improvement, but which has long been much neglected. About 6,000 
acres of land are flooded in the district, and will be relieved. 

The estimated cost of the combined measure of navigation and drainage is about 
110,000?., of which 92,000?. is chargeable to navigation, and 17,800?. to drainage. 
By this combination a saving of 15,966?. would be effected, as compared with the 
total amount of the cost of each measure if effected separately. 

The valuator’s Report, which is nearly complete, shows a return of about ten per 
cent, to be anticipated from the improvements in drainage, calculated upon the 
measures being effected together ; and a moderate estimate of tonnage at a very 
low rate of toll, shows a return of six per cent, upon the proportion of expendi- 
ture for navigation. 

But as regards the navigation, we conceive its value and importance to the 
public and the inland navigations of the country should be estimated independently 
of the question of the direct return of tolls along its own line, and would wish to 
see such a link of connexion between existing natural public navigations subject 
to as low a rate of toll as would be commensurate with its maintenance, in order 
to develop as efficiently and as quickly as possible the resources of the country. 



Loughs Corrib, MasJe, and Carra. 

Lough Corrib contains about 43,480 acres of water surface, is 27 miles long 
by six miles in greatest width, and about 83 miles in circumference. Loughs 
Mask and Carra contain about 26,270 acres of water surface, and are about 20 
miles in length with 50 miles of circumference. Lough Corrib is but 28 feet 
above the sea at low water, and can be connected therewith by a canal of a quarter 
of a mile in length. 

Loughs Mask and Carra are 35 feet above Lough Corrib, and would be con- 
nected with it and thereby with the sea by a canal of about three miles in length. 

Thus by the formation of about three and a-quarter miles of canal, and the 
removal of some shoals, these great lakes, with the river Aille, which flows into 
Lough Mask, would be opened, affording a direct line of navigation of about 50 
miles opening into the sea at Galway, where the most improved mill power to an 
almost unlimited extent can be obtained in connexion with the works necessary 
for drainage and navigation. 

In this case the Government have furnished 300?. to defray the cost of a survey 
for the navigation purposes, and tie proprietors of lands round Lough Corrib a 
sum of 600?. for the drainage inquiry. 

The extent of lands flooded by Lough Corrib is about 12,000 acres, and a very 
great extent round Lough Mask and Carra ; but as to these latter lakes no inquiry 
for drainage purposes has yet been called for. The extent of flooded lands is said 
to be about 5,300 acres. 

t The lands on the west of these lakes form part of the wild but improveable 
districts of Connemara and Joyce’s country, whilst those on the east are the rich 
and fertile plains of Mayo and Galway, with fine pasture lands, and others yielding 
wheat, oat, and barley crops, but still capable of great improvement ; to both 
sides the connexion with Galway as a market by the cheapest mode of conveyance 
would be of great importance, whilst the connexion with the sea would afford the 
means for the import of sea-weed and other sea manures so abundant on the 
Galway coast, and so much required in the interior. 

The engineering field surveys for drainage and navigation have been completed 
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as far as regards Lough Corrib, and extended with, reference to a navigable con- 
nexion to Lough Mask ; but the calculations, report, and estimate, though in a very 
advanced state, are not yet complete. The territorial survey and valuation of 
flooded lands around Lough Corrib is in an advanced state, and we expect will • 
be completed this summer. 

The approximate estimate fos'the combined objects of drainage and navigation, 
as regards Lough Corrib, is stated by our engineer to be about 34,000/., of which 
about 15,000/. is chargeable to drainage, and 19,000/. to navigation suitable for 
steamers. 

As regards Loughs Mask and Carra, the surplus waters of which are discharged 
through cavernous passages into Lough Corrib, and never at present find & an 
overground channel until the floods have obtained a great height above the 
summer level, although the measure of connexion presents some difficulties of no 
ordinary nature, we believe it to be feasible and practicable within reasonable 
limits of expenditure for so important an undertaking ; but for the general reasons 
already stated (which are peculiarly applicable to this case), favourable results 
can only be expected from a combination of the measures of drainage and naviga- 
tion. And as the parties interested in the injured lands around these lakes have 
not applied to have the provisions of the Act brought into force, in their case, we 
cannot recommend at present the extension of the measure, however desirable it 
might be, as far as navigation is concerned, that the whole should form one 
district. 

Fourth Class . — Reservoirs for the Improvement of Mill Povjer. 

We have not received since our last Report any further applications for the Fourth Class.— 
especial construction of reservoirs for the improvement of mill power as a separate Reservoirs for the 
object, though collaterally it is involved in many of the measures in which lakes MmPow“r. Ut ° f 
are to be found. We propose in cases of this class to make such arrangements 
in the regulation of these lakes as will admit of their use as reservoirs to con- 
serve flood waters as far as practicable, or as may be consistent with other objects. 

With reference to the proposed Dodder reservoir near the City of Dublin, since 
the publication of the engineer’s Report, no further proceedings have yet been 
taken by the millers, the parties chiefly interested, from a want of co-operation or 
some anticipated fears that the City of Dublin, which derives a portion of it supply 
of pipe-water from the Dodder, was not prepared to join in the expense of the 
undertaking, although the quantity as well as quality would be greatly improved 
by the proposed worn. 

We have signified to the memorialists our approval of the measure, and look 
upon it as one of great importance to the manufacturing interests in the vicinity of 
the metropolis, whilst we believe that by an extension of the principle of the Act, 
and of the works themselves, it could be made available for most important im- 
provements in the supply of water to the city, to the highest parts of its buildings, 
both for domestic purposes and extinguishing fires. 

The provision in the Act, however, which withholds the power to purchase lands 
for this purpose, except with consent, will, we fear, oppose a barrier to its opera- 
tion in some cases ; and considering the importance of encouraging manufactures as 
well as the improvement of land in this country, we submit that it would be bene- 
ficial to have the same power to purchase lands for the one object as the other. 

Preliminary Proceedings. 

In concluding the remarks on those parts of the duties which under the provisions Preliminary Pro- 
of the Act devolve on us, in our capacity of a Commission of Inquiry, we beg to ceedings. 
observe that, since our last Report, we have generally adopted the course therein 
indicated of having the engineering and territorial surveys and valuations required 
by the Act executed together wherever the parties interested have chosen to furnish 
the necessary funds for the purpose ; and as far as our experience has gone, this 
course has been attended with manifest advantages both in the saving of time and 
expense. 

We must still, from the very nature of the inquiry itself, expect that more time 
^ill be occupied than might on a casual view of the subject appear to be required. 
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for even with the increased experience which. the professional gentlemen engaged 
have- acquired, there is so much detailed information . necessary, and often to be 
obtained by means unavoidably slow (much being the examination of matters under 
water), and so much interruption to these inquiries from the periodical return of 
floods, that much more time and patient investigation becomes essential than in 
almost any other class of surveys for public works. 

In some instances the delays of proprietors in sending in their assents after all 
the surveys and inquiries have been completed cause the Toss of a season. One of 
the earliest cases applied for, (Templemore District,) is thus retarded at present; for 
although we have received the assents for 2,123 acres out of 3,448 acres, being 
within 175 acres of the quantity required by the Act, yet, owing to the apathy of 
parties in neglecting to send in tlieir assents (for there has been but little positive 
dissent), a measure which is amongst the most profitable of those inquired into has 
been delayed for nine months. 



Execution of TVork&. 

In the following table ( see page 15) we furnish a list of the districts in which up 
to the present date the works under this Board have been commenced, with detailed 
information, under distinct heads, of the expenditure and progress made up to the 
1st of January in this year. 

It. will be observed that out of the six districts in which works are now in progress, 
hut two were commenced last year, the whole of the preliminary proceedings in 
the other cases not having been completed in time. 

In the two districts adverted to (the Blackwater and Ardee), the works being 
simple measures of excavation, with the reconstruction of county bridges and mill 
weirs, and no peculiar difficulties having been met with, the progress to the present 
period has been proportionally quick, and we expect that the works will be com- 
pleted this year. 

The works executed last year in these districts previous to the recurrence of tlie 
usual winter floods have, so far as they have gone, proved the adequacy of the plans 
adopted, and conferred benefit on the lands not only in their immediate neighbour- 
hood, but by increasing the discharge of the floods at the lower end of the districts, 
produced such a draught in the rivers as to have lessened to some extent the con- < 
tinuance of the floods in places remote from the site of the works, so remote indeed, $ 
as to have afforded but little expectation for such a result. 

In the Ardee district considerable benefit was conferred upon the properties 
adjacent to the works executed before December last ; the low lands which in 
previous winters were inundated were not only free from flood, but where the works 
were finished, the floods did not rise higher than within two feet six inches, or three 
feet of the general level of these lands, which were consequently stocked with cattle 
during the winter, and some parts of which have since been broken up for tillage, 
Under-drainage has already been commenced on some of the farms where no such 
measure could have been attempted previous to the execution of these works. 

In the -Blackwater district the works executed before winter were not so exten- 
sive ; but as far as they were executed, the success was complete. 

We trust that the example which these works will afford will serve to convince 
.many of the necessity of adopting complete measures in each case, and on such a 
scale of operations as will ensure success, even though it should appear much 
larger than the necessities of the case would in their opinion call for. It must be 
borne in mind that as far as practicable the objects should be not only to relieve 
from inundation, but to keep down the level of the floods so far below that of the 
land as to prevent undue saturation, and afford the means for drainao- e from remote 
places ; and also that the works should be so constructed as to lead to the lea# 
possible amount of expense in their future maintenance. 

As regards the system of executing the works, we have adopted in all the case 
yet commenced the course indicated in our Second Annual Report, namely, of 
effecting all works of labour by employing the labourers of the immediate district 
directly under the control of our own officers, without the intervention of contractors, ■ 
and, as far as practicable, dispensing with the system of payment for time, anil i 
ieu ^ tliat °T task-work, or payment proportioned to the .quantity 
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In this way, without suddenly or injuriously affecting the rate of wages of the 
country, each labourer employed reaps the full benefit of his exertions, and a mos 
useful stimulant is given not only to increased exertion, and the habits of life 
necessary to sustain it, but also to the acquirement of skill in the mode of working, 
and the justly valuing the use of improved tools and implements. We believe that 
amongst the collateral benefits to be derived from these measures, none is of more 
importance, or will produce more lasting effects in the rural districts, than this 
practical teaching of the labourer the value of his time and capabilities, and the 
necessity for discipline, and abandoning prejudices and habits which have tended to 
retard his improvement. 

Nevertheless, in the commencement of almost each case the adoption of the sys- 
tem was met with partial opposition from the labouring classes, chiefly, it is pre- 
sumed, from a want of confidence, and a feeling that they were ignorant of the 
modes of measurement, or their own capabilities as to the quantity of work which 
they could execute in this, to them, new class of works ; but by means of a full ex- 
planation of the objects of the Board in adopting the system, and the guarantee of 
the usual wages for a short time, until they had tried their powers, coupled with 
the conviction that our officers could have no pecuniary interest in the arrange- 
ment, all difficulties were removed, and in those places were the practice was 
adopted last year, there is not only general confidence and satisfaction now exhi- 
bited, but the labourers have become so much more skilled, that they are enabled 
with greater ease to earn better wages, and, as a consequence, the works now in 
progress are being more economically executed. 

From the reports of our engineers, there is good reason to expect that the works 
in both these districts will be executed within the estimates. 

An interesting feature in the execution of these works, and one creditable to the 
parties concerned, is the absence of all difficulties arising from claims for damages ; 
though necessarily many parties are, and must expect to be inconvenienced, and in 
some instances injured, but all seem to feel that the works are for their common 
good, that such claims would' only clog their progress, and eventually increase 
their expense, and we consequently receive a ready support, and are relieved from 
any vexatious interruption, to a greater extent than is usually experienced in what 
are designated public works. 

In the Appendix we furnish the usual annual account of expenditure under the 
provisions of the Drainage Act. 

We have the honour to be, 

Your Lordships’ obedient Servants, 

J. F. BURGOYNE. 
BROOK T. OTTLEY. 

J. RADCLIFF. 

Wm. t. mulvany.. 
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The Account of the Commissioners appointed under the Act 5 & 6 Viet. c. 89, of all Sums 

For one Year, ended 





£. 


s. 


d. 


£. 


s. 


d. 


£■ *. i. 


To Balance remaining unexpended of last Account 














1,130 4 2 


Funds for Drainage, viz . — 
















Blackwaler . — Received from Commissioners! 
















of Public Works, portion of loan of £l 0,000 j- 








5,000 


0 


0 




for carrying on the works J 
















Ardee . — Received from Thomas William Fil-1 
















gate loan for carrying on the works . . J 
















Received from Right Hon. Francis Blackburn j 
















portion of loan of £7,500 for like purpose . J 
















Received from sale of Reports .... 




2 


0 














— 


— 


5,500 


2 


0 




Received from sale of Reports, viz . — 
















Feigh 








0 


1 


6 




River Lee Slob > • 








0 


2 


6 




Burrisokane 








0 


1 


0 




Schramogue 








0 


1 


0 




Ballytiegue 








0 


2 


6 




Athboy 








0 


1 


0 




Suir at Kilmannock 








0 


1 


0 




Suir at Templemore 








0 


2 


0 




Loughans of Urlingford 








0 


0 


6 




Dodder 








0 


0 


6 




Camlin 








0 


0 


6 




Oranhill 








0 


0 


6 




Glyde 








0 


0 


6 




Sow 








0 


0 


6 




Turloghmore 








0 


1 


6 




Cahore 








0 


0 


6 








— 


— 




— 
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To Received Deposits to meet preliminary expenses 
















on account of — 
















Schramogue 


300 


0 


0 










Ballvtiegue 


300 


0 


0 










Suir at Kilmannock 


170 


0 


0 










Suir at Templemore 


220 


0 


0 










Oranhill 


140 


0 


0 










Brusna (Ferbane division) 


500 


0 


0 










Glvde 


250 


0 


0 










Caliore 


120 


0 


0 










Upper Boyne 


445 


0 


0 










Ballinamore 


265 


5 


4 










, , Navigation 


150 


0 


0 










Borris-in-Ossory 


200 


0 


0 










Main 


100 


0 


0 










Lough Neagh 


1,000 


0 


0 










Lower Bann 


100 


0 


0 










Tall 


30 


0 


0 










Lough Corrib 


600 


0 


0 










Commogue 


150 


0 


0 










Roe 


250 


0 


0 














— 


— 


5,290 


5 


4 














— 


— 


15,191 4 10 














£ 


16,921 9 0 



Office of Public "Works, Dublin, 
9th June, 1845. 
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Received and Expended by them as such Commissioners, pursuant to the 129th section. 
31st December, 1844, 



Cr. 



j Bt Drainage Works, viz.- 



returned to parties .... 

Labour and materials in ■works 
Compensation to mill-owners . 

Travelling expenses of inspection . 

Incidents 

Law expenses, fees to counsel, stamps, &c. 
Superintendence of Engineer and Overseers 



Ardee . — Deposits for preliminary expenses re- 
turned to parties. 

Labour and materials in works 
Compensation to mill-owners . 

Travelling expenses of inspection 

Incidents 

Law expenses, fees to counsel, stamps, &c. 
Superintendence of Engineer and Overseers 



d draii 



By Deposits paid out of, bei 
preliminary investigati 
Blackwater proposed 
Burrisokane 
River Lee Slob 
Ardee 

Schramogue 

Ballytiegue 

Feigh 

Suir at Kilmannock 

Suir at Templemore 

Loughans of Urlineford 

Dodder 

Caralin 

Oranhill 

Brusna 

Brusna (Ferbane division) 
Glyde 
Sow 

Turloghmore 
Cahore 
Upper Boyne 
Ballinamore 
Borris-in-Ossory 
Main 

Lough Neagh 
Lough Corrib 
Roe 



ing for the required 
ions, mz . — 



‘ j BaLancf - to next Account 

i 



£. s. 


d. 


} 201 0 


0 


2,392 5 


6 


678 12 


0 


15 12 


1 


48 2 


2 


40 4 


0 


111 1 


3 


[ 160 0 


0 


3,410 7 


7 


8 0 


0 


9 12 


0 


4 3 


0 


32 3 


8 


87 16 


5 


95 11 


2 


121 15 


0 


2 0 


6 


114 12 


7 


23 10 


6 


354 1 


5 


0 18 


0 


154 17 


7 


177 1 


9 


25 0 


0 


64 8 


6 


61 17 


6 


120 13 


4 


40 17 


6 


357 18 


3 


104 13 


4 


31 1 


6 


14 1 


0 


76 17 


2 


271 2 


9 


232 19 


3 


121 14 10 


74 7 


8 


564 5 11 


336 3 


i 


50 17 10 





3,593 7 11 



10,798 7 7 



Jos. C. Walker, Accountant. 
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